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BILL NO. S-75-05- OQl 


SPECIAL ORDINANCE NO. S- 


7£~'7S " 


AN ORDINANCE approving Change Order No. 2 in 
connection with street, sidewalk and lighting 
improvement on Resolution No. 5658-74 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2 to John Dehner, Inc. in 
connection with Lower Huntington Road Improvement Resolution No. 5658-74, 
in the amount of $4,128.65, as set out in the specifications, is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 



approved as to form 

AND 












'Read the first time in full and on motion by /^^^ M , / ^J > 'secon(ied by 

v , and duly adopted, read the second time by title and referred 


to the Committee on 


~fa-rrd~tfT€XTty Plan 


Commi ssion for recommend Mdjoa4--aftdH > trbtiir1^^ notice. 


a t Ehir'tYKTtTrn^Ti^^ fort Wayne, Indiana, on_ 

the'"" 


o 1 tfhnHHMfc-rErSrfr— 

Date: >5~-/5 ~ 


197 


at 




lTTyclei 

Read the third time in full and on motion by_ 
seconded by , and duly adopted, placed on its passage* 

Passed fcOgf bj by the following vote: 

AYES NAYS ABSTAINED ABSENT TQ-WIT 



E E EE 






■ - . 

Passed and adopted by the Common Council of the Cfty of Fort Wayne, Indiana, 





as ( Zoiqing-Map) (Genar-al) (Annexati on) (Special) (A pp g opria - fcion - ) Ordinance 
(ResajUiti&BT-No^ o n the g?d ay q^ . , 197 fs? , 



(SEAL) 



WnDTNrWFTCEF^^^ 

Presented by me tJETthe Mayor of the City of Fort Wayne, Indiana, on. the<p? 
day of , 197 JET , at the hour of //*?-& o 'clock 

M,,E.5.T. 











































































S-75-05-02 


We 5 your Committee on 


REPORT OF THE COMMITTEE ON FINMCE 
Finance 


to whom was referred an Ordinance 


approving Change Order No. 2 in connection with street, sidewalk and lighting 
improvement on Resolution No. 5658-74 



.TEvSEi^CHARLES W. WESTERMAN, CITY CLERK 




























CHANGE ORDER 


Change Order No, 2 _ 

Project No. __ 

Name of Projec tLower Huntington Road 

To: _ JO HN .J3E H N 5R, INC ._ 

(Contractor) 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Resolution No. 5658-1974 
Board Order No. 7-1974 
Date Apii 1 14. 1975 


Item Description of Change Change in Contract Price 

No. Quantity Description Unit Price Decrease Increase J 


1 

5 Each 

2 , x2'x6' Concrete Reinforced Light $ 

Standard Base 

185.00 

$ 925.00 

2 

1,242 
Lin.Ft. 

Trenching 24" Deep 

0.75 

C- 931.50 

3. 

918 

Lin.Ft. 

Install Underground Wire in Trench 

0.30 

275.40 

4. 

95 

Lin.Ft. 

Concrete Removal & Replacement 

8.10 

769.50 

5. 

11 Each 

Luminaires W/Lamps (Installation Only) 

19.50 

214.50 

6 . 

2 Each 

8 * Mast Arms W/Luminaires (Installation 
Only) 

39.00 

78.00 

7. 

5 Each 

35' Aluminum Poles W/Mast Arms (Instal¬ 
lation Only) 

100.00 

500.00 

8 . 

235 

2" Conduit Installed in Trench 

1.85 

435.00 












Net (Increase) Contract Price 


4,128.65 


is hereby (added to) (the total contract price 


The sum of $ a i op . _ 

and the final contract price shall-be adjusted as fellows: 
Original Contract Price 

Current Contract Price Adjusted by Previous Change Ordei 
New Contract Price Including This Change Order 


$ 9QQ r 0P,8-85 

$ 81 1 .455.95 

$ 


♦ 58 . 1 ^ 60 - 


The time provided for completion in the 

(decreased) by _Q_ calendar day; 

of all work shall be 


contract for this project is (unchanged) (McMeKMeS) 
due to this Change Order. The date, for completion 
Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


r 


Recommended by : -f j. 


() 




(Chiei 


- ijpjt,/ / En 


gineer ) Dai 


: e b/v i/ 


Accepted by: Q^c C ontractor ) 

Approved b yj/' i lvZZ_ (City Engineer ) 

k -< ", , 

Approved by: \. ^ * jP & iOwner ; 




4 -- 2 - 4--19 


jCdL Lk: 


9' 


































Change Order Ho.___2_ 


Resolution Ho, 5658-1974 
Board Order No c 4-1974 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change; The Lower Huntington Road Street Lighting was extended. 
to include that portion of Lower Huntington Road from winchester Road to the 

Stellhorn Bridge ———-— -~—.—.— 


2, Will proposed change altar size of the project? Ye s X No_ 

■If yes ? explain 

By $4,128.65 


3. Affect on .operation and maintenance cost of this project; 

No effect on construction of raod,maintenance cost as to the cost of 

lighting. 





























DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance 



DEPARTMENT REQUESTING ORDINANCE 


Board of Public Works 


SYNOPSIS OF ORDINANCE Change Order No, 2 of John Dehner, Inc, on Resolution 5658-7 4 
for Street, Sidewalk and Lighting on Lower Huntington Road increases the contract 

price in amount of $4,128,65, Said contract approved under S-93^74, 

Said increase is necessary because it was determined advisable to extend lighting 

of Lower Huntington from Winchester Road to Stellhorn Bridge. 


EFFECT OF PASSAGE Adequate lighting in extended area. 


EFFECT OF NON-PASSAGE Lighting would appear incomplete. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $4,128,65 to City 


■Aafer- f.^ 



ASSIGNED TO COMMITTEE 





























